TOWN OF ARLINGTON 
Department of Public Works 
51 Grove Street 
Arlington, Massachusetts 02476 
Office(781) 316-3320 Fax (781) 316-3281 


To: Christian Klein; ARB Chairman 
From: Wayne Chouinard; Town Engineer 
Date: March 8, 2023 
Re: Additional Review 1021& 1025 Mass Ave.; 
Construction Management Plan; Dated March 2023 (9 sheets) 


Dear Mr. Klein, 


The DPW; Engineering Division received an email on March 7, 2023 from Mr. Matt Maggiore, from Maggiore 
Construction Corp. providing updated Construction Management Plans for 1021-1025 Mass Ave., dated March 
2023. These plans are associated with the staging and construction phasing for the project. The DPW; 
Engineering Division has again performed a review of the submittal in preparation for a Zoom Meeting planned 
for Monday, March 13, 2023 at 1:00pm. This is the fifth review, with the previous reviews performed on 
submittals made on May 3, 2022 and September 20, 2022 and email updates provided on December 20, 2022 and 
again on January 5, 2023. 


Though the original submittal was reviewed by all Departments, it is unclear if subsequent submittals were 
reviewed by all Departments. Due to the design progression that has occurred since May 2022 it is recommended 
that additional review be performed again by the Fire Department, Police Department and Inspectional Services 
Department to ensure proper review of the updated accessibility, staging and storage requirements for the site as 
depicted in this current submittal. 


The following comments from the Engineering Division relate to updates made since January 5, 2023 as well as 
additional comments for the updated CMP Plan received on March 7, 2023: 


Previous Engineering Comments from January 9, 2023, and subsequent follow up comments made in red based 
on March 2023 CMP. 


1. Itis recommended that the limits of work delineated by the “temporary driven fence” be contained on the 
property itself, rather than extending into the sidewalk area for many reasons. - No changes have been made. 
It is again suggested that the temporary construction fence be removed from public right of way. 


a. The access gates swing into Mass Ave. — no changes made, swing zone of gate shall be denoted on 
the plan. A physical barrier shall be installed to prevent reverse swing into right of way. 


b. There is no signage related to parking/no parking on Mass Ave. indicated. — no changes made 


c. Aconstruction entrance is not indicated on the plan for a Truck Wash area. — truck wash area has 
been included. However, it appears a significant majority of the frontage for theproperty is being 
utilized as a Construction & Access Entrance. 


d. Fencing may impact sight distance and visibility for pedestrian crossing on the proposed western 
most temporary crosswalk. — item addressed. The “Bus Stop Open” sign and sidewalk closed sign 
will not be required when temporary construction fence is relocated onto project property. 


Construction scheduling and staging should be coordinated to utilize the full extents of the property prior to 
encroaching into the right of way and causing disruption to Mass Ave. and the sidewalk. Fence still 
encroaches onto public right of way. Swing Zone of construction gates should be deloineated on each plan. 


It is unclear if there is a dumpster proposed to be stored within the Mass Ave. right of way. It is now clear that 
the dumpseter is stored within the public right of way. It should be located onto the property owned by the 
project proponent. 


Plan should indicate required permits for occupancy and/or cross over of the sidewalk. There is no 
information on the plans indicating the necessary permits required. It is recommended the permitting 
requirements be indicated on at least one plan and also include the following note: 


“The Town of Arlington Water and Sewer Divisions are not part of Dig-Safe. Where 
activities require a Dig-Safe markout, the Town of Arlington Water and Sewer Division 
should be contacted at 781-316-3310 to request a markout.” 


Temporary Crosswalks 
a. Plan should include site conditions pertinent to the crosswalks including driveway locations and bus 
stops on both sides of the street to ensure the locations are suitable. This item has been addressed by 


moving the temporary crosswalk to the east of the project site. 


b. Proposed signage and pavement markings related to the temporary crosswalks should be provided. 
Crosswalk markings should adhere to Arlington Crosswalk Standard (attached). 


Additional Engineering Comments based on on March 2023 CMP submittal. 


6. 


10. 


Occupancy of the Town right of way is not a by-right request. Due to the vehicle and pedestrian use 
characteristics of Mass Ave., the dumpster and temporary toilet should be located with in the property limits. 
The toilet should be situated asfar from abutting properties as possible to minimize impacts to neighbors 


a. There is limited accessibility along the sides of the building. There should be a suitable path to access 
the rear of the property for potential fire fighting services and site maintenance. Additional 
information should be provided pertaining to the gates located at the rear of building on each side 
indicating dimensions to assess accessibility impacts. 


Note #1 on Phase 2 Sheet 5 indicates Gate Swing Shall be contained on site. Swing zone shall be denoted on 
the plan and it should be assured that the gate will not reverse swing into the right of way. 


Crosswalk Markings should adhere to Arlington Crosswalk Standard (attached). 


Truck Staging Area indicated on Phase 3A (Sheet 6) should be located on site with simple direct access. If a 
position parallel to Mass Ave. is required, a vehicle turning movement diagram should be provided as an 
overlay on the plan view. 


Fire Department should provide comments for fire fighting access requirements to include: distance between 
building and property line and status of side yards gates located at the rear of the building. 


Any further questions can be directed to the Engineering Division at 781-316-3320 or by email at 
Engineering@town.arlington.ma.us. 


CC: 


Chief Kevin Kelley; Arlington Fire Department 
Mike Ciampa; Building Commissioner 
Corey Rateau; Arlington Police Traffic Unit 


Crosswalk Standard 
For Use at Mid-block and Intersection Locations 


Town of Arlington, Massachusetts 
April 28, 2004 


na 


Notes: 
1. Crosswalk markings are to be centered between edges of roadway. 
2. Crosswalk markings are to be reflective and white in color. 
3. Crosswalk widths are to be: 
10’ on roadways other than Massachusetts Avenue 
12’ on Massachusetts Avenue 
12’ on Minuteman Bikeway crossings. 
4. Crosswalks are to be centered between pedestrian handicap ramps. 
5. Crosswalk bars are to be parallel to the direction of traffic flow. 
6. 4’ of black pavement is to be provided between stop lines and crosswalks. 
7. Brick crosswalks are to be outlined with a single 2’ wide stripe on each side. 
No crosswalk markings are to be installed on the brick or stone. 


